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BILL NO. 8405-110 oD 


oe 


SPECIAL ORDINANCE NO. S- oJ ISLS 


AN ORDINANCE approving Change Order 
No. 2, Res. 6012-85, Clinton Street 
Parking Facility Repairs, with Brencal 
Contractors, -Inc.})“in-connecti1on@=with 
the Board of Public Works and Safety 
of the City of Fort Wayne, Indiana. 





NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 2, Res. 6012-85, 
Clinton Street Parking Facility Repairs, with Brencal Contractors, 
Inc., in connection with the Board of Public Works and Safety, for: 


Change order No. 2 for Res. 6012-85, 
Clinton Street Parking Facility Repairs 
encompasses thirty-two major repair tasks. 
These tasks or work items were originally 
estimated as to their area and or length 
as the condition may be. The included 
copies of the original tabulation sheets 
indicate the tasks bid on, their quanti- 
ties, their unit prices and the quoted ex- 


tensions. The actual quantity variations 
and the extension variations have been 
added. (Extra work on one copy and credit 


work on another copy - earlier change order 
credit of $15,000.00 to owner is included 

in the credit tabulation audit shown). This 
repair included completing removing concrete 
from rusted reinforcing, sand blasting the 
reinforcing to a bright finish, then epoxy 
coating reinforcing before replacing the 
concrete: cover’ 





involving a net increase of Forty-One Thousand Four Hundred Nine 
and -73/100 Dollars ($41,409.73), all as more particularly set 
forth in the specifications, and which is on file with the Office 
of the Board of Public Works and Safety, and is by reference incor 
porated herein, made a part hereof and is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. That this Ordinance .shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM Ouncilmember 


AND LEGALITY 





Read the first time in full and on motion by _ Leekned j 
seconded by and duly adopted, read the second time 


by title and referred = the Committee SEP (and the City 

Plan Commission for recommendation) and Dublic Hearing to se nel artet 
ane rusi 

due legal notice, at the Counci} Chambers, City-County: Fort Wayne 





Indiana, on Peat r athe day of 
rp ee, peace : k o Mi: ig ELE 


DATE: Ekg Oe A 
} SANDRA E. KENNEDY,, CITY CLERK 


Read the thirg/time in full and on’ motion by Za hig : 
seconded by , and duly adopted, placed on its 


passage. PASSED 8S8) by the following vote: 
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NAYS ABSTAINED ABSENT TOSWEDD: 








TOTAL VOTES 
BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 

REDD 
SCHMIDT 


STIER 


idih ieii [ots 
| 


TALARICO 


e TOE Fee ey 


SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as ( z PPROPRIAT ) 
(SPECIAL) fonnesne) cmmaice tmscaon 30) 02/5 gy 
on the ob et day of E i TI toe Pe 
ge, pe 
ar É iy “Tak i iy Jf 


h 
the LOCI NS 














SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER 


Presented by me to the Mayor of the City icf ort Wayne, Indiana, 


on the gl? L day of Mma fic? y oD si: nay 
at the hour of j / [en o'clock Sey Me pis She 





SANDRA E. KENNEDY, CITY CLERK 
Approved and signed by me this 5z sJ Ay day Of se pr 
19 RE $ at the hour of 3:90 o'clock SMe TESST, 


Sar A 


WIN MOSES, JR., MAYOR 





725-7204 


GIBSON TOURNEY KIM INC. 

Architects .Engineers.Planners CHANGE ORDER No. 2 
Landmark Bldg. 519 Tennessee Ave. Project No. 899 
Fort Wayne, In 46805 219/424-4959 Date: 19-11-85 


Project: Clinton Street Parking Facility Repairs 
Owner: City of Fort Wayne, Indiana 
Contractor: Brencal Contractors, Inc. 


Contract For: Complete Repair Project 
Contract Dated: May 7, 1985 
The following items are hereby incorporated in your contract. All rs 
provisions of the Plans, Specs, Gen'l Conditions and Contract not 
directly affected by the following items shall remain in force. 
CHANGES : 

Additional repair work required to satisfactorily 

complete the specified Work Items No. 1.98 through 

No. 21.900. 


ADD 0:0: cue ele orane e.0 elles @ e160) scele.6 10 © b'ejeighe ote eo sive Se 409 oy 


See the attached Bid Tabulations indicating the extra 
and credit work. Please note that Work Item No. 1.99 
was previously credited to the owner in Change Order 
No. l. 





CONTRACT STATUS PER THIS CHANGE ORDER 


ORIGINAL: CONTRACT SSUM were 0-0 cse eo 60) 0,0 eislele 6 06.0 6 6icers ete cP GOD, OOD6 50 
Net Change by Previous Change OrdersS.....eeeeeee2--9(15,090.0B) 
CONTRACT SUM PRIOR TO THIS CHANGE ORDER. sosa seas en «9347; 05558 
(Addition) Due-to- this Change Order. i sree se sse sess. 9 41,409.73 
NEW CONTRACT SUM « sceisile:.<: aie 4s ele <-sje s+ 6 600s Biwisve wees ee sar ooo, 40923 


Contract Time is (Unchanged) 
New Completion Date Is: Same 
ACCEPTANCE 








Date:October 11, 1985 


Date: DA. Ho LG IS 


TABULATION cf UNIT ‘ine ce and EXTENSIUN PRICES 


for 


Clinton Street Parking Facility Repair > 
915 South Clinton Street Fort Wayne, Indiana 


- 40 
7.00 
9.00 

-10 

30 

20 
11.00 

sto 
- 20 
“70 
12.00 
15.00 
-10 
-20 
17.00 
20.00 
21.00 


Total 


Description Units 
Mobilization LSS; 
Spalled & Delaminated Floor Repair 
Shallow Removal and Repair S.F- 
Deep Removal and Repair S.F, 
Full Deep Removal and Repair S.F 


Full Depth Removal and Repair (Ramp)S.F. 
Spalled & Delaminated Ceiling Repair 

Shallow Removal and Repair Saee 

Deep Removal and Repair (Ramp) S.F. 
Spalled and Delaminated Beam and Joist Repair 
Shallow Removal and Repair (Beams) S.F. 
Deep Removal and Repair (Beans) Sik 


Shallow Removal and Repair (Int.Jt) L.F. 
Deep Removal and Repair (Int. Jt) L.F: 
Shallow Removal and Repair (Ext.Jt) L.F. 
Deep Removal and Repair (Ext. Jt) Liebe 
F.D. Removal and Repair (Int. Jt) Sek 
F.D. Removal and Repair (Ext. Jt) SiS 


Spalled and Delaminated Column Repair 
Shallow Removal and Repair (Int Col)S.F. 
Deep Removal and Repair (Int Col) SoFa 
Shallow Removal and Repair (Ext Col)S.F. 
Deep Removal and Repair (Ext Col) SFs 
Spalled and Delaminated Wall Repair S.F. 
Supplement Existing Reinforcement 
Supplementary Anchors EA. 
Supplementary Reinforcement #5 Bars L.F. 
Shear Dowels EA. 
Crack, 


Seal Random-Cracks L.F. 
Seal Leaking Const and Control Jts L.F. 
Cove Sealant LiF: 
Scaled Surface Repair Sak. 


Protective Concrete Sealer 
Protective Sealer Applic. Floors 
Protective Sealer Vertical Surf. 
Remove Bituminous Overlay ` 
Protective Bituminous Sealer 
Paint Parking Striping 


Panna 
. . 

onnan 
e 


Contractori:Brencal Contractors Inc. 
6684 E. McNichols Ave. 
Detroit, Michigan 


Construction and Control Joint Repair - 


Unit 
Quantity co 
A AR 
1 47000.00 
1910, 3264 5.78 
115 -9:25 
z753, 744 18.00 
7150. DiGi 18.50 
1410 2058 10.50 
165 "eis 
15, ną 66.00 
“Sk 1D 80.00 
2600 335% 32.00 
S110: 1314 44.00 
390 36.00 
220. 52.00 
{90120 64.00 
10 80.00 
200, 266 12.00 
80 15.25 
20 12.00 
10 15.25 
7300 682,5 12.00 
200 9.00 
100 400 1.05 
75. a 30.00 
7560.8404 3.41 
2285 3.06 
6500 3.64 
500 3.00 
94050 0.53 
10250 0.51 
950 2.00 
775200. 26440 0.60 
5000.00 


Extension Exma 


47000. 00 


4103780 7226,1) 
10313.75 


€2775-002 | 134. 


(14805,0? 6804, 
2268.75 


890.08 6264. 
«400.002 - G40, 


£83200-00> 14256, 
4840.002 924, 
14040.00 

1040.00 
“5760-002 


800.00 


1920. 


2400.00. 
1220.00 
240.00 
152. 50 
=6000,00 5 


Slow 


2190.4 


1800.00 
#105: 002 
(2250. 007 


(25779-8602 
6992.10 
23660.00 
1500.00 


315. 
1320: 


237 But 


49846. 
5227. 
1900. 

asi207002 144.6 
5000.00 


50 
ry 


Base Bid for the above work ines os oh Gab eh ed a oc ce 5362055. SUE E2 AIZ 


pe AY 


EXTRAS — 


£62 113d 


CREDITS — 35 163,43 
ETA 626 $64.7 


TABULATION of UNIT haa and EXTENSION PRICES 


for 


Clinton Street Parking Facility Repair - 
915 South Clinton Street Fort Wayne, SIndiana 


Work 
Items 


1.00 
3.00 
-10 
- 20 
- 30 


Description Units 
Mobilization Ess. 
Spalled & Delaminated Floor Repair 
Shallow Removal and Repair S.F. 
Deep Removal and Repair S.F 
full Deep Removal and Repair S.F 


-10 

~ 30 
20 
11.00 
-10 
“20 
-70 
12.00 
15.00 
-10 
- 20 
17.00 
20.00 
21.00 


Total 


Full Depth Removal and Repair (Ramp)S.F. 
Spalled & Delaminated Ceiling Repair 

Shallow Removal and Repair Seite 
Deep Removal and Repair (Ramp) S.F. 


ContractoriBreancal Contractors Inc. 
6484 E. McNichols Ave. 
Detroit, Michigan 


— CREDITS- 


Spalled and Delaminated Beam and Joist Repair 


Shallow Removal and Repair (Beams) S.F. 
Deep Removal and Repair (Beams) S.F. 
Shallow Removal and Repair (Int.Jt) L.F. 
Deep Removal and Repair (Int. Jt) Lak. 
Shallow Removal and Repair (Ext.Jt) L.F. 
Deep Removal and Repair (Ext. Jt) L.F. 
F.D. Removal and Repair (Int. Jt) S.F. 
F.D. Removal and Repair (Ext. Jt) Seb. 
Spalled and Delaminated Column Repair 

Shallow Removal and Repair (Int Col)S.F. 
Deep Removal and Repair (Int Col) Si. Fre 
Shallow Removal and Repair (Ext Col)S.F. 


- Deep Removal and Repair (Ext Col) S.E 


Spalled and Delaminated Wall Repair S.F. 
Supplement Existing Reinforcement 

Supplementary Anchors EA. 
Supplementary Reinforcement #5 Bars L.F. 
Shear Dowels A EA. 
Crack, 
Seal Random-Cracks L.F. 
Seal Leaking Const and Control Jts L.F. 
Cove Sealant LiF. 
Scaled Surface Repair MS Re 
Protective Concrete Sealer 

Protective Sealer Applic. Floors. Sik 
Protective Sealer Vertical Surf. Sef 
Remove Bituminous Overlay ` Si... 
Protective Bituminous Sealer SF 
Paint Parking Striping Es 


Construction and Control Joint Repair 


Unit 
Quantit Price Extension Qedir 
1 47000. 00 747000. 00% 15000.¢ 
(C.0. oi 
1910 5.78 11039. 80 
Wis oS -9.25 A OSIS.73 871897.5 
7595 18.00 13590.00 
150 18.50 2775.00 
1410 10.50 14805. 00 
és; o 13.75  €22b82 75" 2266.7: 
15 54.00 990.00 
3 80.00 400.00 
2600 32.00 83200.00 
110 44.00 4840.00 
7390 b55 36.00 {140405003 1260.c 
“20. o 52.00 040,00 loqoc 
64.00 5760.00 
Ae o 80.00 {800.002 800.c 
bread 
200 12.00 2400.00 
“80: 26 15.25 2205002 ZDS 
20, NnS 12.00 giao 0 20.0 
“10; o 15,25 52:50 152.5 
500 12.00 6000.00 
200 9.00 1800.00 
100 1.05 105.00 
75 30.00 2250.00 
7560 3.41 25779.40 
22285 1092, 3.06 IITR 1202.5 
26500 5535 3.64 SP3EE0-00> 2512-6 
7500. 220 3.00 15002 007 636.4 
94050 ©. O58 49846.50 
10250 0.51 5227.50 
7950. 825 2.00 €1900,00 2c 
25200 0.60 15120.00 
1 5000.00 5000.00 


Base Bid for the above work ENA TER EPI A 862098 E cieey ee 


COMTRACT SUMMARY ` 


CONTRACT- $ 362 055,5. 
EXTRAS 264097: 

TOTAL. 9 $ 3834652: 
S TLD weeease. 


d ry 11 Te 
e Admn. Anpr. 





TITLE OF ORDINANCE Change Order #2, Res. 6012-85, Clinton Street Parking Facility 





DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 


SYNOPSIS OF ORDINANCE Change Order #2 for Res. 6012-85, Clinton Street Parking Facility 





Repairs emcompasses thirty-two major repair tasks. These tasks or work items were 
originally estimated as to their area and or length as the condition may be. The 
included copies of the original tabulation sheets indicate the tasks bid on, their 
quantities, their unit prices and the quoted extensions. The actual quantity 
variations and the extension variations havebeen added. (Extra work on one copy and 
credit work on another copy - earlier change order credit of $15,000.00 to owner is 


included in the credit tabulation audit shown). This repair included completing re- 


moving concrete from rusted reinforcing, sand blasting the reinforcing to. a bright. 


finish, then epoxy coating reinforcing before replacing the concrete cover. 


Brencal Contractors, Inc., is the Contractor 


EFFECT OF PASSAGE Complete Repair Project 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $41,409.73 


ASSTGNED TO COMMITTEE % 


BILL NO. S-85-11-02 


REPORT OF THE COMMITTEE ON FINANCE 


WE, YOUR COMMITTEE ON FINANCE TO WHOM WAS 
Ft en a TET, S EE EE 
2 


REFERRED AN (ORDINANCE) (RESOERVPIGN). approving Change Order No. 
Res. 6012-85, Clinton Street Parking Facility Repairs, with 


Brencal Tonte attesi Inc., in connection with he Board of Public Works 


and Safety of the City of Fort Wayne, Indiana 


HAVE HAD SAID (ORDINANCE) (RESOLUTTON) TREE. CONSIDERATION AND BEG 


LEAVE TO REPORT BAC a COMMON COUNCIL THAT SAID (ORDINANCE) 


) 












(RRR QEIFEEON ) DO PASS DO NOT PASS WITHDRAWN 4 = e 
YES i NO 


BEN A. EISBART ' 
a a a A EA 


CHAIRMAN 


JANET G. BRADBURY i 


VICE CHAIRWOMAN 


SAMUEL J. TALARICO 
= 


, THOMAS C. HENRY ; 
Bie TART o EAN E ME A aN 





ph JAMES S. STIER 
1 SE inten TNS AT 


A i s s 
CONCURRED IN ff) tea SANDRA E. KENNEDY 
: CITY CLERK 


